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TOTAL PROGRAM COST SUMMARY 


Direct Labor 

Direct Labor Overhead 
Material & Sub-Contracte 
Travel 

Communications 

Overtime Premium 

Other Direct Labor 


Sub-Total 
G&A 
Environmental Test Facility 


Total Cost 
Fee 


Total 


F SYSTEM 


$ 5,776,000 
8,797,000 
4,366,000 

136,000 
82,000 
165,000 


60,000 


$19,382,000 
2,811,000 


3,000,000 
$25,193,000 


2,219,000 


$27,412,000 


SPECGTAK—MHANBEMNG-— 


Approved for Release: 2021/04/09 C05099500 


S epee for Release: 2021/04/09 C05099500-—~ 


Direct Labor 


Direct Labor Overhead 
Material & Sub-Contracts 


Travel 


Communications 
Overtime Premium 
Other Direct Labor 


Sub-Total 


G&A 


Total Cost 


Fee 


Total 


F SYSTEM 


COST SUMMARY 


(LESS ENVIRONMENTAL TEST FACILITY) 


$ 5,776,000 
8,797,000 
4,366,000 

136,000 
82 ,000 
165,000 


60 ,000 


$19,382,000 


2,811,000 
22,193,000 


2,219,000 


$24 ,412 ,000 
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ENVIRONMENTAL TEST FACILITY 


COST SUMMARY 
Direct Labor § 200,000 
Pirect Labor Overhead 308,060 
Material & Sub-Contracta 2,040,000 
Travel 10,000 
Overtime Premium 11,000 
Sub-Total $2,569,000 
G&A 373,000 
Total Cost $2,942,000 
Fee 58 ,000 
Total $3,000,000 
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Description 


A. Main Equipmenc 


® 
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dD. 
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Cameras 

Lens (Design & Development) 
Take-Up Cassettea 

Clocks 

Cut & Splice Device 

Double Frame Camera 

Spools 


Total Main Equipment 


B. ‘Project Management & Administration 


Project Management 
Syatema Engineering 
Interface Board 

Thermal Design & Analysis 
Environmental Test 


Total Project Management & Administration 


C. _AGE & Operational Support 


Shipping Containers 
Main Instrument 


Take-Up Cassettes 
Clock 
Cut & Splice 
Double Frame Camera 
Assembly Dollies 
Portable Simlator 
System Test Stand 
Test Consoles 
Fleld Service 
Operational Support 


Total AGE & Operational Support 


Sub-Total 


Environmental Test Facility 


Total 
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COST SUMMARY BY ITEM 


Quantity 


OnmuM pt 
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First Engineering : 
Qualification Model Quantity 


$ 4,735,000 
500,000 
300,000 
125,000 
100,000 
500 ,000 


100,000 


$ 6,360,000 


$ 1,500,000 
175,000 
135,000 
200,000 


___350, 000. 


$ 2,360,000 


$ 50,000 
4,000 
500 
1,000 
2,000 
35,000 
80 ,000 
65,000 
150,000 
300,000 
250 ,000 


$ 937,500 
$ 9,657,500 


3,000 ,000 


Ae Restadinds Dasha 


$12,657,500 
ee 


w 
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$14 ,754 500 


Three Engineering Total 
Models . Quantity 


$11,122,000 


500,000 
300 ,000-~. 
45,000 

225,000 


150,000 


JS ree @~ 


$12,342,000 


$ 300,000 
100,000 
100,000 
300,000 


300,000 


1,100,000 


$ 60,000 
3,600 

900 

500 

1,500 

60 ,000 
36,000 
100,000 

800 ,000 


250 ,000 


$1,312,500 


$14,754,500 


wu our uo 


—fokal 


$15,857,000 
500,000 
800,000 
425,000 
145,000 
725,000 


250,006 


$18,702,000 


$ 1,800,000 
275,000 
235,000 
500,000 


650,000 


$3,460,000 


$ 110,000 
7,600 
1,400 
1,500. 
3,500 

95,000 

80,000 

101,000 

250,000 
1,100,000 
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F SYSTEM 


TOTAL PROGRAM FUNDING REQUIREMENTS 


Fiscal Year 1965 


First Quarter 

Second Quarter 
2 Third Quarter 

Fourth Quarter 


Total Piscal Year 1965 
Fiscal Year 1966 


First Querter 
a ’ Second Quarter 
Third Quarter 
Fourth Quarter 


Total Fiseal Year 1966 
Fiscal Year 1967 


ar First Quarter 

al Second Quarter 
Third Quarter 
Fourth Quarter 


6 Total Fiscal Year 1967 


me 1 fe 


wo f 


/ / \e 
Total Funding Requirements 
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$1,218,000 
4,833,000 
5,214,000 
4,532,000 
$15,797,000 
ce, 7 nf! 
3,876,000 ~* »7 a ” pete 
3,075,000 — 2 02%, f 7 
2,224,000 ~ 4 273,64 
1,440,000 _ is Je 
10,615,000 
a er Ke 
4a. 06 0A afm 
600,000 — Ye pm, & 
400,000 — BY 3,0 
i a i ae 
2 So A ST OIA 
1,000,000 11 
337 7 oa 
$27,412 ,000 oa? 
a ‘ # ei da: at “i 
F pe 3 , 
ae rs) . a 
2,0 
J as > % 
OK <n ae 


Approved for Release: 2021/04/09 C05099500 


On 
bl 1) 
(eo?) 
me?) 
Ww) 
Oo 
oO 
(eo?) 
o>) 
= 
wv 
oO 
= 
- 
N 
(=) 
N 
oO 
22) 
13) 
2 
o 
o 
= 
Oo 
= 
OD 
o 
> 
oO 
pa 
Q. 
a. 
£ 


SHUALIGNAGNE aHY SINZHLINNOO TVIYSLYA 


SHAALIGNAIXA 


SENFRLINNOD 


H 
Se ee 


tthe €: 


00" zs 


oore$ 


<< Saeendenmmmeer seed 


eS 
oS 
= 
vs 
a 


000s $ 


Aen eta en stim 


000'9$ 


(QELLINO 000§) savTIoa 


Approved for Release: 2021/04/09 C05099500 ~~ 


x 


COMMITMENTS 
EXPENDITURES 


ENVIRONMENTAL, TEST FACILITY 
MATERIAL COMMITMENTS & EXPENDITURES 
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(24) F SYSTEM FOLLOW ON 


COST SUMMARY 


Direct Labor 

Direct Labor Overhead 
Material & Sub-Contracts 
Travel 

Comminications 

Overtime Premium 

Other Direct Labor 


Sub-Total 
G&A 


Total Coat 
Fee 


Total 


$ 5,424,000 
8,353,000 
22,800,000 
100,000 
60,000 
320,000 


24,000 


$37,081,000 

5 376,000 y a 
$42,457,000 we 
4246,000 5 B? 

A 
$46,703,000 ee 
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SECTION B 
F SYSTEM PROGRAM 


MANPOWER & FACILITY 
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~ FIELD SERVICE & OPERATIGN 


22-223 


‘mh | 
PROJECT MANAGEMENT, ENGINEERING, DESIGN 
DRAFTING igre % 


@ 


FABRICATION, ASSEMBLY, TEST AND QUALITY” 
ASSURANCE ae a 


OPTICS 


FIELD SERVICE AND OPERATIONAL SUPPORT 
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F SYSTEM PROGRAM 


SPACE ALLOCATION 


Project Space Requirements 


Project Management & Administration 


Engineering, Design & Drafting 


Fabrication (Model Shop & Machine Shop) 
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Area 


5,500 aq. ft. 
12,500 sq. ft. 
1,500 aq. ft. 


Assembly & Debug 14 
Main Camera ait 
Sub-Assembly 2,500 er ee 
Main Assembly 6,000 if oes 
of | 64 
Debug 4,000 l oe a 
Sub-Total 12,500 pee 
Ground Handling Equipment 2,000 a 
Double Frame Camera 
Assembly 1,200 
Debug 600 
Sub-Total 1,900 
Spools & Take-Up ; 
Assembly 1,600 
Paint Area 300 
Sub-Total 1,900 : 

; Total Assembly & Debug 18,200 sq. ft. 
Electrical Breadboard Area 1,000 aq. ft. 
Quality Assurance & Inspection 1,500 sq. ft. 
Miscellaneous Areas 

Conference Rooms 750 

Shipping & Receiving 1,000 

Print Area 800 

Stores 1,000 

Security 500 

Medical 300 

Personnel 100 

Purchasing 2,000 
Cafeteria 3,900 
Total Miscellaneous Areas 9,450 aq. ft. 
Total 49,650 sq. ft. 
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SECTION C 
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DELIVERY SCHEDULES 
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